LEVEL CROSSING 
REMOVAL UPDATE 


The Victorian Government is 
removing two dangerous and 
congested level crossings 
along the Hurstbridge line, 
building a brand new Rosanna 
Station, and duplicating 

the single section of track 
between Heidelberg and 
Rosanna. This will make 
communities safer and get 
commuters in Melbourne's 
north east home sooner. 


Works across our Heidelberg and 
Rosanna sites are in full swing in 
preparation for the major construction 
blitz which starts on 16 March and runs 
through until 30 April 2018. In February 
and early March, there will be weekend 


closures of the Hurstbridge Line to 
allow for works to take place. These 
closures will occur from Friday 23 to 
Sunday 25 February 2018, and from 
Friday 2 to Sunday 4 March 2018. 


In Heidelberg, we're continuing to 
tunnel under Darebin Street and, in 

late February, we're lifting the new 
Burgundy Street rail bridge into place. 
The retaining wall between Burgundy 
and Darebin streets will also be nearing 
completion. In Eaglemont, we will be 
establishing the site on Sherwood Road 
for the installation of a new substation. 


In Rosanna, we're installing the first of 
the columns that will support the new 
rail bridge and station. Work on the 
retaining walls at both ends of the new 
rail bridge will also continue. 
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Our project teams will be using part 

of the VicRoads land at the corner of 
Greensborough Road and Drysdale 
Street, Yallambie to store materials and 
equipment. The area has been fenced 
off to ensure the safety of pedestrians 
and users of the reserve. Pedestrian and 
cyclist access will be maintained through 
his area. 


n February and March, construction 
activities will continue in and around 
he railway line in Heidelberg and 
Rosanna from Monday to Sunday, 7am 
o 7pm, however, there are times when 
work will need to take place outside 
hese hours. 


We will notify residents when out-of- 
hours works are planned. 


Above: Hard at work to complete the new 
Darebin Street underpass in Heidelberg. 
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What's coming up? 


Heidelberg 


e Lifting and installing the new rail bridge above 
Burgundy Street 

e Ongoing work on the Darebin Street underpass 

e Completing construction of the retaining walls along the 
rail corridor near Burgundy Street and Manton Street 


e Site establishment at Sherwood Road in preparation for 
the installation of the Eaglemont electrical substation. 


Rosanna 

e Installing glazing and steel lift shafts in and around the 
lift structures on the western side of Lower Plenty Road 

e Ongoing construction of the retaining walls on both 
sides of the new rail bridge 

e Installing columns for the new rail bridge and station. 


24-hour works 


e Friday 23 February to Monday 26 February 2018 

e Wednesday 28 February to Thursday 1 March 2018 
e Friday 2 March to Monday 5 March 2018 

e Friday 16 March to Monday 30 April 2018. 


There will also be some overnight deliveries arriving at the 
Rosanna Station site between 5 February and 18 February. 


Trucks will be accessing VicRoads land at the corner of 
Greensborough Road and Drysdale Street, Yallambie, to 
haul materials to the project site in Heidelberg overnight. 


Tunnelling under Darebin Street and construction of the 
retaining wall near Burgundy Street in Heidelberg will 
continue to take place at night until completed. 


Come along to our next 
community drop-in sessions 


Come along to our community drop-in session, or go online to find out 
more information about the major construction blitz in March and April 
2018. Our team will be on hand to answer your questions. 


Event details 


When: Thursday 15 February 2018, between 5pm and 7pm 
Where: Hunter Lane, 76 Turnham Avenue, Rosanna 


When: Thursday 22 February 2018, between 5pm and 7pm 
Where: The Train Yard Cafe, 184 Burgundy Street, Heidelberg 


During the 44-day blitz, there will be Q&A sessions at viewing platforms 
around Rosanna and Heidelberg, showcasing a range of construction 
activities. Stay tuned on our social media channels for more details. 


SUPPORT 


Local traders will be 
open during our works, 
so please support 
businesses in the area. 


Upcoming disruptions 


Rail disruptions 


- From 6.30am until 7pm Saturday e Rosanna Station is closed from 


Road closures 


e |n February, deliveries and 


machinery will be accessing the 
Rosanna site via access gates on 
Turnham Avenue and Beetham 
Parade. Some of these deliveries 
will occur at night. Traffic 
management will be in place to 
coordinate access to the site 


e Lower Plenty Road will close each 
night between 10pm and 4am from 
Friday 23 February to Monday 26 
February 2018 


e Burgundy Street will partially 
close between Studley Road and 
Mount Street from 7pm Tuesday 
30 January until 7pm Sunday 4 
February 2018 


e To lift the new Burgundy Street 
bridge into place and complete 
works to install it, there will be a 
series of temporary partial and full 
closures of Burgundy Street: 

- From 7pm Friday 23 February 
until 1.30am Saturday 24 February 
2018 (partial road closure] 

- From 1.30am until 6.30am 
Saturday 24 February 2018 
(full road closure) 


24 February 2018 (partial road 
closure] 


e Traffic management, including 
temporary pedestrian path, lane 
and road closures will be in 
place near construction zones in 
Heidelberg and Rosanna 


e Turnham Avenue will become one 
way, with traffic moving southbound 
only, between Lower Plenty Road 
and Station Road from Thursday 1 
March until Monday 30 April 2018. 


Lower Plenty Road will be 
closed from Friday 16 March 
until Monday 19 March 2018 
o remove the boom gates. 


t will close again from 
Friday 30 March until 

onday 16 April 2018 to 
install the new rail bridge 
and undertake road works 
at Beetham Parade, to 
signalise the intersection 
and relocate the existing 
service road. 


October 2017 until 30 April 2018. 
During this time, train replacement 
bus services will operate between 
Rosanna and Heidelberg and 
Rosanna and Macleod to connect 
passengers to train services 
(except during planned disruptions} 


e Buses will replace trains on 


sections of the Hurstbridge Line 
from approximately 8pm Friday 23 
February to Sunday 25 February 2018 


e Buses will replace trains on 


sections of the Hurstbridge Line 
from approximately 8pm Friday 
2 March to Sunday 4 March 2018 


e Buses will replace trains on 
sections of the Hurstbridge Line 
from 8:15pm Friday 16 March until 
Sunday 29 April 2018 to undertake 
our major 44-day construction blitz. 


Note: Planned and unplanned works 
may be carried out on the Hurstbridge 
Line by other projects as part of regular 
maintenance and renewal programs. 
For Journey planning and service 
information, visit ptv.vic.gov.au or call 
1800 800 007. 


Below: Undertaking duplication works 
during the January rail occupation. 
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CONTACT US 
contact@levelcrossings.vic.gov.au Follow us on social media Translation service - For languages other 
1800 762 667 @levelcrossings than English, please call 9280 0780. 


Please contact us if you would like this 
information in an accessible format. 


Level Crossing Removal Authority 
GPO Box 4509, Melbourne VIC 3001 
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